Subject:  Fwd:  Syrup  Parklet  Improvement  Plan 
From:  Kevin  Ocubillo 
Date:  03/08/2016  04:48  PM 
To:  Blair  Besten 

Hey  Blair, 

See  the  email  below.  With  regard  to  the  furniture  we'll  need  6 Folding  Tables  and  12  Folding  Chairs.  They  have  in  stock  the  Red,  Green  and 
Aluminum  which  take  3 weeks  to  ship.  The  tables  are  $140  per  unit  and  the  chairs  are  $60  per  unit.  The  cost  comes  out  to  $1,560.  ($840  / 6 tables  + 
$720/  12  chairs  = $1,560). 

Here's  what  needs  to  happen  for  us  to  get  this  parklet  up  and  running: 

1 ) Remove  the  counter  top 

2)  Install  new  tiles /pedestals 

3)  Install  tables  and  chairs. 

Let  me  know  how  your  conversation  with  Eric  goes.  I'll  try  to  have  Johnny  come  out  the  same  day  Eric's  crews  go  out  so  he 
can  inspect  the  site  and  assess  what  he  needs  to  install. 

Thanks, 

Forwarded  message 

From:  Kevin  Ocubillo  <kevin.ocubillo@lacitv.ora> 

Date:  Tue,  Nov  24,  201 5 at  1 1 :03  AM 
Subject:  Syrup  Parklet  Improvement  Plan 
To:  robv@theplayhousearoup.com 

Cc:  Blair  Besten  <blair@historiccore.bid>,  Eric  Shomof  <eric@pacinvestmentla.com>.  Daveed  Kapoor  <k@utopiad.ora> 


Hi  all, 

Great  meeting  with  you  all  this  morning.  I left  a message  with  pedestal/pavers  vendor,  Johnny  Knight  (Elevated  Deck 
Systems)  to  give  him  an  update  on  our  progress.  We  spoke  in  early  October  about  the  scope  of  work  and  he  was  willing  to 
donate  time/materials.  Please  allow  me  to  make  contact  with  him  and  then  connect  him  with  the  team. 

With  regard  to  the  furniture  we'll  need  6 Folding  Tables  and  1 2 Folding  Chairs.  They  have  in  stock  the  Red,  Green  and 
Aluminum.  The  tables  are  $1 40  per  unit  and  the  chairs  are  $60  per  unit. 

There's  one  more  piece  that  we  have  to  acquire  that  was  not  mentioned  in  our  meeting  this  morning.  That  is  a steel  ledger  to 
be  placed  at  the  north  edge  of  the  parklet.  Robert-  I'm  contacting  Daveed  Kapoor,  the  architect  about  the  dimensions  for  that 
piece. 

Below  is  a preliminary  materials  list.  Robert  you  and  can  fill  in  the  blanks  as  we  move  along. 


Item 

Qty 

Price 

Vendor 

Email  Phone  No. 

DECKING 

144"  3x3x1/4”  GALVANIZED  LEDGER 

! 

Bobco  Metals 

1-888-304- 

sales@bobcometal.com  5927 

DROP  IN  3/4"  CONCRETE  INSET 
ANCHOR 

20 

24x24  BISON  WOOD  TILES 

6 

DONATION 

Elevated  Deck 

Systems 

iohnny@elevateddecksystems.com  818-437-4557 

PEDESTALS 

5 

DONATION 

Elevated  Deck 

Systems 

johnny@elevateddecksystems.com  818-437-4557 

STEEL  LEDGER  PIECE 

1 

FURNITURE 

Arc  En  del  Folding  Tables 

6 

$140  per  unit 

Brixey  Corporation 

sales@brixey.com  3 1 0-544-6098 

Arc  En  Ciel  Folding  Chairs 

iTj 

$60  per  unit 

Brixey  Corporation 

sales@brixev.com  310-544-6098 

Kevin  Ocubillo 

Transportation  & Planning  Deputy 
Office  of  Councilmember  Jose  Huizar 
City  of  Los  Angeles  | Council  District  14 

City  Hall 

200  N.  Spring  St  [ Room  465 

Los  Angeles,  CA  90012 

(213)  473-7014  office  | (213)  847-0680  fax 

kevin.ocubillo@lacity.org 

For  regular  updates  and  to  sign  up  for  our  E-Newsletter,  please  visit  our  updated  Jose  Huizar  CD  14  website.  Click  on  the 
icons  below  to  follow  us  on  Twitter,  Facebook,  and  YouTube 
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